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BILL NO. S-86-11- AS 


SPECIAL ORDINANCE NO. S- 00 1 (> 


AN ORDINANCE approving Civil City 
Purchase Order #A-49369, with S.E. 
Jahn Company, Inc., for the Foellinger 
Theatre, through the Department of 
Parks and Recreation, of the City of 
Fort Wayne, Indiana. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Civil City Purchase Order #A-49369, 
between the City of Fort Wayne, by and through its Department 


of Purchasing and the Civil City Purchasing Agent, with S. E. 





John Company, Inc., for the Foellinger Theatre, through the Depart 
ment of Parks and Creation, is hereby ratified, and affirmed 
and approved in all respects. The work under said Purchase Order 
requires: 

the purchase of material, labor 

and equipment to install a new 

roof and drains at the Foellinger 


Theatre, per the specifications 
in Reference #2874; 





the Purchase Order price is Seven Thousand Eight Hundred Eighty 
and No/100 Dollars ($7,880.00). 
SECTION 2. Prior Approval is requested from Common 
Council, with respect to this Purchase Order, on November 25, 
1986. Two (2) copies of this Purchase Order, attached hereto, 
are on file with the Department of Purchasing, and are made available 
for public inspection, according to law. 
SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





Councilmember 
APPROVED AS TO FORM 
AND LEGALITY 







City Attorney 






er, 









St time in full and on motion by 
LAA , and duly/Jadopted, 





seconded. by 






by title and referred to the Committee E (and the Cit 
Vion. DOumisslon for nocolczsadation) and. Pu5i:- Hearing t& be held after 
due legal notice, at the Council C PEY CORNEY ilding, Fort Wayn 






Indiana, on day of 


Io IS 








DRAE. RENNEDY,- CITY CICAK 


Read the thiy v5 in full and on motion by PW A 
seconded by LA , and duly adopteg/ placed on its 


passage. PASSED AA (Losey by the following vote: 










AXES a. NAYS ABSTAINED ABSENT LOVERS 


EL ave 


TOTAL VOTES 
BRADBURY 
BURNS 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


SPIER 


MILLE 


TALARICO 


DATE: CREL Ej | PAST yA 


SANDRA E- KENNEDY, CITY CLERK 










Passed and adopted by the Common Council of the City of Fort 


Wayne, indiana, as ( 


(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. 3/5 Dg 


on the SEO day of Y eco ao - 51965. P 
ATTEST: (SEAL). 






SANDRA E. KENNEDY, CITY CLERK PRESIDING OFMCER 


Presented by me to the aoe of the City of Fort Wayne, Indiana, 


on the YA e cod day of QA 
at the hour of Y "QO o'clock | > 







SANDRA E. 2c CITY CLERK 


Approved and signed by me cre pe — day of Vl TWIN ; 
AA of T, o'clock RIM is 


PAT 


WIN MOSES, JR., MAYOR 


TAB SHEET QUOTE 2972 
PARK DEPARTMENT 


DUE NOVEMBER 10, 


x 


QUOTES SENT WITH.NO RESPONSE; : 
za MELCHER ROOFING 
+ PREFERRED INC 


—À MÀ 


BASE A BID 
CMS ROOFING $ 5,980.00 
S E JAHN $ 5,500.00 
C. I. SCHUST NO/QUOTE 


1986 4:00 PM 





P & P MECHANICAL 
BUSHEY & SONS 
TRANSAMERICA ROOFING 
D & M MECHANICAL 


DVT, ¿INC 
F. W. GUTTERING 
BASE B BID BASE A & B 
$ 2,350.00 $8,100.00 
$ 2,380.00 $7,880.00 
NO/QUOTE 8.679.00 


x^ 


T À | REQUEST FOR QUOTATION 
er ee | . City of Fort Wayne 
y DEPARTMENT OF PURCHASES 
j NUMBER ONE EAST MAIN STREET ROOM 350 
FORT WAYNE, IN 46802 












PLEASE INDICATE THIS NUMBER 
ON ALL CORRESPONDENCE 


QUOTE. 02972 


PAGE 












DATE OF REQUEST 


10/28/86 











The Contractor and his sub-contractors, if any, shall not discriminate against 
any employee or applicant for employment, to be employed in the perform- 
ance of this contract, with respect to his hire, tenure, conditions or privileges 
of employment or any matter directly or indirectly related to employment, 
because of his race, color, religion, national origin or ancestry. Breach of 
this covenant may be regarded as a material breach of the contract. 


REQUEST FOR QUOTATION — 





THIS IS NOT AN ORDER 





CMS ROOFING 
4117 TRANSPORATION DRIVE 


PLEASE QUOTE BELOW LOWEST PRICES, WHICH MUST 
FORT WAYNE, IN 46808 


INCLUDE ALL DELIVERY CHARGES (INCLUDING FREIGHT, 
PARCEL POST AND EXPRESS) UNLESS OTHERWISE 


SPECIFIED, FOR PURCHASING MERCHANDISE OR SERVICE 
DESCRIBED BELOW. . ; 





QUOTATIONS WILL BE OPENED IN ACCORDANCE TO RULES 


AND REGULATIONS ON THE REVERSE SIDE OF THIS SHEET. 
RESPECTFULLY, 525 A a ee 





a M 





: pni y pet 
QUANTITY UNIT DESCRIPTION UNIT PRICE TOTAL 

MATERIAL AND LABOR "FOR THE INSTALLATION 

‘OF A NEW ROOF AND DRAINS AT THE FOELLINGER 

THEATER 

“"A:"100% PERFORMANCE BOND IS REQUIRED 
` UPON ACCEPTANCE OF “PROPOSAL 

FOR ADDITIONAL INFORMATION CONTACT 

JOHN MCCLURE ST (219) 427-1253 

IF YOU DO NOT WISH TO QUOTE ON ThE ABOVE, 

PLEASE LIST NO QUOTE ON OUR FORM AND RETURN 

IN THE ENCLOSED SELF ADDRESSED ENVELOPE FOR zz 

RE u M 

OUR RECORDS.  THANK YOU. eig 
= $ m 
€» Ge 
tb LH 
> < 
an- T2 m 
ze ca 
Čo y eN 


















TOTAL PRICE 


THIS IS ONLY AN INVITATION TO QUOTE AND NOT A 
ON THE REVERSE SIDE OF THIS SHEET. 


SIGNATURE OF BIDDER: 


BASE PROPOSAL "B" : 


INSTALLATION OF TWO 4' ROOF DRAINS IN THE NEW ROOF 


o — IDENTIFIED UNDER BASE PROPOSAL "A" 
e eee eee oon —=_o_a=a=os”: i * 





QST SCOPE OF WORK Includes furnishing all labor, material and equip- em 
ment necessary to install two new 4" roof drains in the afore- 
mentioned roof. 


The contractor shall physically examine the existing conditions 
of the project area prior to submitting a proposal for this work. 
All questions shall be directed to the owner's representative. - I CE 


“Sections B, C, D, E, F, G, H, and I of Base Proposal "A" apply in 
their entirety. . E x a He = 


“COORDINATION The contractor shall coordinate his work and with oe 
the roofing contractor to insure that no delays result in the = 


execution of any of the contemplated work. 





C. SUBMITTALS The contractor shall submit to the owner for approval 
a list of all materials, and methods intended for use in this 
work. 


KA A A I re A a Sane SST a 
Eee eee 


Quotations may be made on one or both base proposals 2 
l. Base Proposal "A" NEW ROOF $ 5,980.00 


2. Base Proposal "B" NEW DRAINS$ 2,350.00 


3. Combination "A" and "B" $ 8,100.00 





idad v? HEQUESI FUR GUUIALCGN eo bw ead | 


— i ; : City of Fort id ACT 301986 EASE INDICATE THIS NUMBER 
DEPARTMENT OF PURCHASES mi 21? ALL CORRESPONDENCE 

NUMBER ONE EAST MAIN STREET ROOM 350 

FORT WAYNE, IN 46802 ENE « 42972 


DATE OF REQUEST 
: epu PEUT E Sealed | WILL BE RECEIVED AT 
10/25/86 O Quotations O Bids | THIS OFFICE UNTIL > 11/13/55 


The Contractor and his sub-contractors, if any, shall not discriminate against 
any employee or applicant for emplayment, to be employed in the perform- 
ance of this contract, with respect to his hire, tenure, conditions or privileges 
of employment or any matter directly or indirectly related to employment, 
because of his race, color, religion, national origin or ancestry. Breach of 
this covenant may be regarded as a material breach of the contract. 
































REQUEST FOR QUOTATION 


THIS IS NOT AN ORDER 


E 
e 


! Den 





PLEASE QUOTE BELOW LOWEST PRICES, WHICH MUST 
INCLUDE ALL DELIVERY CHARGES (INCLUDING FREIGHT, 
PARCEL POST AND EXPRESS) UNLESS OTHERWISE 
SPECIFIED, FOR PURCHASING MERCHANDISE OR SERVICE 
DESCRIBED BELOW. 





p Sive Ati SS “QUOTATIONS WILL BE OPENED IN ACCORDANCE TO RULES 
AR KABI -E;-—WALLAGE T REETO xc. P RESPECTFULLY, - ON THE REVERSE SIDE.OF THIS SHEET. 
ORT MARE. IK FORT uy E 
QUANTITY | UNIT | DESCRIPTION 


UNIT PRICE TOTAL 





MATERIAL AND LABOR FOR TRE INSTALLATION 
OF A NEW ROOF AND DRAINS AT THE FOELLINGER 


THEATER 


A 100% PERFORMANCE BOND IS REQUIRED 
UPON ACCEPTANCE OF PROPOSAL 





FOR ADDITIONAL INFORMATION CONTACT Bi E cm 
JOHN MCCLURE ST (219) 427-1253 so E $ 
CD ER 
: = 5 m 
IF YOU DO NOT VESE TO QUOTE ON THE ABOVE, - = 
e "A y A “<Q 
PLEASE LIST NO “QUOTE ON OUR FORM AND RETIRO [^e] rii 
IN THE ENCLOSED SELF ADDRESSED ENVELOPE FOR 3 w 
OUR RECORDS. THANK YOU. " 
o 
O 





TOTAL PRICE E DELIVERY FOE 
THIS IS ONLY AN INVITATION TO QUOTE ae OES NER THE ABO 

















UOTES ARE SUBMITTED IN ACCORDANCE WITH THE REGULATIONS 


DATE: / [-[0 -56 


VENDOR 4 


ON THE REVERSE SIDE OF THIS SHEET. 
SIGNATURE OF BIDDER: 





BASE PROPOSAL "B" 


INSTALLATION OF TWO 4' ROOF DRAINS IN THE NEW ROOF 
IDENTIFIED UNDER BASE PROPOSAL "A" 


A. SCOPE OF WORK Includes furnishing all labor, material and equip- 


ment necessary to install two new 4" roof drains in the afore- 


A e cr A AA AA AER 

















The contractor shall physically examine the existing conditions 
of the project area prior to submitting a proposal for this work. 
All questions shall be directed to the owner's representative. 


Ps a Seetions Baz C, DywEy F, C, H, and I of Base Proposal "A" apply in  . 
com se ag? pes eee 


D 





C. SUBMITTALS The contractor shall submit to the owner for approval 
a list Of mL materials, and methods intended for use in this 
work. 














Quotations may be made on one or both base proposals 








1. Base Proposal "A" $5,500.00 _ 
2. Base Proposal "B" $ 2,380.00 
3. Combination "A" and "B" $ 7,880.00 





Quote #02972 


O er REQUEST FOR QUOTATION 
. City of Fort Wayne 


DEPARTMENT OF PURCHASES 
NUMBER ONE EAST MAIN STREET ROOM 350 
FORT WAYNE, IN 46802 


DATE OF REQUEST Sealed | WILL BE RECEIVED AT 
10/23/86 Ex] Quotations O Bids 










PLEASE INDICATE THIS NUMBER 
ON ALL CORRESPONDENCE 


QUOTE 02972 








PAGE 
THIS OFFICE UNTIL Li (POS 86 AT 4:00- P.M 

















The Contractor and his sub-contractors, if any, shall not discriminate against 
any employee or applicant for employment, to be employed in the perform- 
ance of this contract, with respect to his hire, tenure, conditions or privileges 
of employment or any matter directly or indirectly related to employment, 
because of his race, color, religion, national origin or ancestry. Breach of 
this covenant may be regarded as a material breach of the contract. 


REQUEST FOR QUOTATION 
THIS IS NOT AN ORDER 


PLEASE QUOTE BELOW LOWEST PRICES, WHICH MUST 
INCLUDE ALL DELIVERY CHARGES (INCLUDING FREIGHT, 
PARCEL POST AND EXPRESS) UNLESS OTHERWISE 
SPECIFIED, FOR PURCHASING MERCHANDISE OR SERVICE 
DESCRIBED BELOW. 











C.L. SCHUB- CO. — 
Sl SS 0*€43520— CHAS EON PLACE. ves 
tuere POR LW Rey EN 276898 USED 


"|| QUOTATIONS WILL BE OPENED IN ACCORDANCE TO RULES 
AND REGULATIONS ON THE REVERSE SIDE OF THIS SHEET-- 
RESPECTFULLY, - s 














QUANTITY 










UNIT 





DESCRIPTION 





UNIT PRICE 





MATERIAL AND LABOR FOR THE INSTALLATION 


OF A NEW ROOF AND DRAINS AT THE FOELLINGER 
THEATER 


A 100% PERFORMANCE BOND IS REQUIRED 
UPON ACCEPTANCE OF PROPOSAL 





e 
co 
“5 c 
FOR ADDITIONAL INFORMATION CONTACT ec z2] 3 
—— c 
JOHN MCCLURE ST (219) 427-1253 e = 22 
W e 7^ ay e^ 1 4 Sa P q wa e é = O renal. 
LE YOU DO. NO TU WISH TO QUOTE SON “THE ABOVE, >» < 
PLEASE LIST NO QUOTE ON OUR FORM AND RETURN e 2|m 
IN THE ENCLOSED SELF ADDRESSED ENVELOPE FOR 2c | @ 
OUR RECORDS.  THANK YOU. t5 
oO 
BASE PROPOSAL "A" Nac Ein 
Hank PROPOSAL. “Bs V uu ies A Eh No bid. 
COMBINATION MU ENDO. oo Muss y e $8,679.00 
(r3 1 8 





Please note that the above quoted price includes a standard two year 


MRCA warranty and a ten year Warranty from the manufacturer (Owens Co 


ontractor's 
jninp. 








TOTAL PRICE DELIVERY TF OB 


THIS IS ONLY AN INVITATION TO QUOTE AND NOT AN 
ON THE REVERSE SIDE OF THIS SHEET. 


SIGNATURE OF BIDDER: 





HE ABOVE QUOTES ARE SUBMITTED IN ACCORDANCE WITH THE REGULATIONS 







JM Winebrenner Vice-Pres. DATE: /-/0D- Ho 
VENDOR Á 














e NE que cV REQUEST FOR QUOTATION 
City of Fort Wayne ; 
PLEASE INDICATE THIS NUMBER 
DEPARTMENT OF PURCHASES ON ALL CORRESPONDENCE 
NUMBER ONE EAST MAIN STREET ROOM 350 zi 
FORT WAYNE, IN 46802 i S 02972 


O ar’ | Seated | WILL BE RECEIVED AT py PAGE 


ASES [C] Quotations L] Bits | THIS OFFICE UNTIL 








FERTA } 


z 








The Contractor and his sub-contractors, if any, shall not discriminate against 
any employee or applicant for employment, to be employed in the perform- 
ance of this contract, with respect to his hire, tenure, conditions or privileges 


of employment or any matter directly or indirectly related to employment, 
BUSHEY iE SiG) because of his race, color, religion, national origin or ancestry. Breach of 
: WC YA this covenant may be regarded as a material breach of the contract. 
lg gd ^ SIPATREPIERD 


DE E TA tease E| REQUEST FOR QUOTATION 
THIS IS NOT AN ORDER 





PLEASE QUOTE BELOW LOWEST PRICES, WHICH MUST 
INCLUDE ALL DELIVERY CHARGES (INCLUDING FREIGHT, 
PARCEL--POST.-AND--EXPRESS) UNLESS--OTHERWISE 
SPECIFIED, FOR PURCHASING MERCHANDISE OR SERVICE 
DESCRIBED BELOW. 











QUOTATIONS WILL BE OPENED IN:ACCORDANCE TO RULES 
|, AND REGULATIONS:ON.THE REVERSE SIDE OF THIS SHEET. 
- RESPECTFULLY, = 














QUANTITY | UNIT | DESCRIPTION 


MATERIAL AND LABOR FOR THE INSTALLATION 
OF A NEW ROOF AND DRAINS AT THE FOELLINGER 


TH: A Nn: 


A 100% PERFORMANCE BOND IS REQUIRED 
UPON ACCEPTANCE OF PROPOSAL 


ons 


Tem | E te j ) 
e d RMAÍTIOA V 


JOHN MCCLURE ST (219) 427-1253 i m m 
2 t2 | Fa 
I I roo auorTs OVE, SAS 09 
| PLE, | | OUOTE.ON OUR FORM AR poc ay ae 
IN THE ENCLOSED SELF ADDRESSED ENVELOPE FOR Bri ou < 
OUR RECORDS. THANK YOU. Sc ee 

n PO 

ret. 
a /\ = 
| f Q KE à 











TOTAL PRICE DELIVERY F.O.B 
THIS IS ONLY AN INVITATION TO QUOTE AND NOT AN ORDER. THE ABOVE QUOTES ARE SUBMITTED IN ACCORDANCE WITH THE REGULATIONS 
ON THE REVERSE SIDE OF THIS SHEET. 

SIGNATURE OF BIDDER: DATE: 

di p za 











»€* 


REQUEST FOR QUOTATION 


WA City of Fort Wayne ae 
: , . PLEASE INDICATE THIS NUMBER 


DEPARTMENT OF PURCHASES ON ALL CORRESPONDENCE 
NUMBER ONE EAST MAIN STREET ROOM 940 


FORT WAYNE, IN 46802 rod 0 2 9 T 2 


DATRIORREQUEST Sealed | WILL BE RECEIVED AT PAGE 
19/28/86 O Quotations DJBids | THIS OFFICE UNTIL be 11/10/86 AT 4:00 P.M 


The Contractor and his sub-contractors, if any, shall not. dis- 
criminate against any employee or applicant for employment, to 
be employed in the performance' of this contract, with respect 
to his hire, tenure, conditions or privileges of employment or any 
matter directly or indirectly related to employment, because of 
his race, color, religion, national origin or ancestry. Breach of 
this covenant may be regarded as a material breach of the con- 
tract 


FORM «FWRO TEN 

















REQUEST FOR QUOTATION 





THIS IS NOT AN ORDER 








DVT, INC. 

5425 INDUSTRIAL ROAD PLEASE QUOTE BELOW LOWEST PRICES, WHICH MUST 
: INCLUDE ALL DELIVERY CHARGES (INCLUDING FREIGHT, 

FORT WAYNE, IN 46825 PARCEL POST AND EXPRESS) UNLESS OTHERWISE 





SPECIFIED, FOR PURCHASING MERCHANDISE OR SER- 
VICE DESCRIBED BELOW. 


QUOTATIONS WILL BE OPENED IN ACCORDANCE TO RULES 
AND REGULATIONS ON THE REVERSE SIDE OF THIS SHEET. 
RESPECTFULLY, : x —— 














UNIT PRICE 





DESCRIPTION 
















QUANTITY | UNIT | 


MATERIAL AND LABOR FOR THE INSTALLATION 
OF A NEW ROOF AND DRAINS AT THE FOELLINGER NO BID NO BID 
THEATER 


A 100% PERFORMANCE BOND IS REQUIRED 
UPON ACCEPTANCE OF PROPOSAL 


FOR ADDITIONAL INFORMATION CONTACT 
JOHN MCCLURE ST (219) 427-1253 





IF YOU DO NOT WISH TO QUOTE ON THE ABOVE, 
PLEASE LIST NO QUOTE ON OUR FORM AND RETURN 
IN THE ENCLOSED SELF ADDRESSED ENVELOPE FOR 
OUR RECORDS. THANK YOU. 





A323 


/* 174. 
7 | 


| 
i. 














l TOTAL PRICE HELIVERY 220. FOL B: L 
THIS IS ONLY AN INVITATION TO QUOTE AND NOT AN ORDER. THE ABOVE QUOTES ARE SUBMITTED IN ACCORDANCE WITH THE REGULATION? 


ON THE REVERSE SIDE OF THIS SHEET. 





SIGNATURE OF BIDDER: DATE: 





VERNANDO 2 


uus ADR S 


* 


DIGEST SHEET 
TITLE OF ORDINANCE: SPECIAL of} GOUT YA 


DEPARTMENT REQUESTING ORDINANCE: PURCHASING 


SYNOPSIS OF ORDINANCE: 


An ordinance to be introduced November 25, 1986, approving 
Civil City purchase order #A-49369 with respect to the 
purchase of material, labor and equipment to install a new 
roof and drains at the Foellinger Theatre. 


Prior Approval request: November 25, 1986 


EFFECT OF PASSAGE: 


Present roof at the Theatre is 20+ years old and is leaking 
badly. 


EFFECT OF NON-PASSAGE: 


The roof will continue to leak and cause damage to the stage 
and curtains resulting in a high property loss. 


MONEY INVOLVED (Direct costs, Expenditures, Savings): 


S.E. Jahn Company, Inc. #A-49369 $7,880.00 


ASSIGNED TO COMMITTE (President): 


BILL NO. — S-86-11-18 
Li 
REPORT OF THE COMMITTEE ON FINANCE 
NN ue e e ic 


WE, YOUR COMMITTEE ON FINANCE Wo dnd pis 
Feu no a A NE 





REFERRED AN (ORDINANCE) 
Purchase Order #A-49369, with S.E. Jahn Company, Inc., for the 


PRR pareas ti, Se ird ee MO 
Foellinger Theatre, through the Department of Parks and 
Recreation, of the City of Fort Wayne, Indiana 





A ee ee i c 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 








(RESOEBGXSRYX 
dcc EU ONE MC dd P M Aci i 
Ins NO 






tac, MARK E. GiaQUINTA | 
CHAIRMAN Be niet St a eT ace) DR 

e QHARLES B. REDD 
VICE CHAIRMAN e E 

PAUL M. BURNS 
"NM cC e a 
JANET G. BRADBURY 

xe ael Lr dur . ast LA £o l1 d D. 


JAMES S. STIER 


CONCURRED IN [R-f -LE SANDRA E. KENNEDY 
CITY CLERK 








